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E.O. 11652: N/A 
TAGS: ASEC 

SUBJECT: SECURITY IMPROVEMENTS 
REF: RABAT 5393; STATE 212515 
FROM RSO FOR SY/FO 

1. FOLLOWING TANGIER PROJECTS OUTSTANDING: PURCHASE ORDERS 
FORWARDED EMBASSY RABAT DATES INDICATED AND AWAITING 
OBLIGATION: 

A. FENCING AND GRILLAGE BETWEEN CONGEN AND RESIDENCE. 
PURCHASE ORDER TNG-93-74, 12/26/73. COST $5,484. 

B. ADDITIONS TO FENCING AROUND CONGEN RESIDENCE. 

PURCHASE ORDER TNG-96-74, 12/26/73. COST $4,645. 

C. IRON GRILLAGE FOR 40 FIRST-FLOOR WINDOWS IN CONGEN. 
PURCHASE ORDER TNG-94-74, 12/26/73. COST $14,583. 

D. IRON ACCORDION DOOR FOR MAIN ENTRANCE TO CONGEN. 
PURCHASE ORDER TNG-95-74, 12/26/73. COST $3,695. 

E. "SCOTCHTINT" POLYSTER FILM FOR WINDOWS AT CONGEN. 
PURCHASE ORDER TNG-1 11-74. 1/30/74. COST $5,797. 

2. FOLLOWING PROJECTS SCHEDULED TO BE COMPLETED: 

LIMITED OFFICIAL USE 

LIMITED OFFICIAL USE 

PAGE 02 RABAT 04847 031337Z 



Declassified/Released US Department of State EO Systematic Review 30 JUN 2005 




Declassified/Released US Department of State EO Systematic Review 30 JUN 2005 



MODEL II INCINERATOR NOW AT POST. TO BE INSTALLED BY LOCAL 
LABOR UNDER SEABEE SUPERVISION DURING OCTOBER. 1974. 

3. FOLLOWING PROJECTS COMPLETED: 

A. VENTILATION OF EMERGENCY GENERATOR ROOM. 

B. PARTITION ON THIRD FLOOR OF CHANCERY TO PROTECT VAULT 
DOOR FROM MANIPULATION BY INSIDE GUARD DURING AFTER DUTY 
HOURS. 

C. INSTALLATION OF IRON GRILL ON CONGEN ROOFTOP SKYLIGHT. 

4. POST INTERESTED IN KNOWING WHETHER FUNDS A VAIL ABLE 
THIS FISCAL YEAR FOR ABOVE OUTSTANDING PROJECTS. THIS 
MESSAGE COORDINATED WITH PSO. 

NEUMANN 
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